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BILL NO. aoe a 
Cae 
SPECIAL ORDINANCE NO. S- + 


AN ORDINANCE approving Change Order 
No. defor Ress: #407-85,.4S-1, “Southwest 
Interceptor, with McNamee, Porter & 
Seeley, in connection with the Board 
of Public Works and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 for Res. #407-85, 
S-l, Southwest Interceptor, with McNamee, Porter & Seeley, in 
connection with the Board of Public Works and Safety, for: 
This Change Order is necessary because 
of realignment of the proposed sanitary 
sewer from existing right-of-way as 
originally envisioned to easements. Part 
of the increase is also due to complete 
realignment of the proposed sewer at the 
new I-69 Interchange, which generated 
after State Highway Department expressed 
concerns as to the location on their 
right-of-way. The realignment will also 
save the City of Fort Wayne several thou- 
sand dollars in additional backfill costs 
during construction time; 
involving a net increase of Eight Thousand Six Hundred Ninety- 
Eight and No/100 Dollars ($8,698.00), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works and Safety, and is by reference in- 
corporated herein, made a part hereof and is hereby in all things 
ratified, confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 






Councilmember 


APPROVED AS TO FORM 
AND LEGALITY 






City Attorney 


by title and referred to the Committee (and the City 
Plan Commission for recommendation).and Public’Heafing to be h after 
due legal notice, at the Counci Ss uilding, Fort Wayne 







Read the first time in full and’ on motion by eng F 
seconded by Sp tand any PA PE the sec time 








Indiana, on » the T ‘day of 
n 19 ge yey Mor ES 
DATE: 14 << edeg 








SANDRA E. KENNEDY, CITY CLE 


Read the third třme_in full and on motion by Ky, z 
seconded by Le , and duly adopted, placéd on its 


passage. PASSED ( by the following vote: 






<- 


z 
tj 
N 


ABSTAINED ABSENT TO-WIT: 





TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 
REDD 
SCHMIDT 


STIER 


ERD 


NAYS 
/ 
DZ 


TALARICO 








SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort 





Wayne, Indiana, as ( | L) 

Af A cane 
(SPECIAL) (ZONING MAP) ORDINANCE RESOLUTION) NO. ul A 
on the = fe el day of es :, 19 Ja r 










ATTEST: (SEAL) CG) 
ae Fhe Pe oe) ap 
Ee), Re A ak eG Aon a 
jana’ ANE A PRR AC, eae S 


SANDRA E. KENNEDY, CITY CLERK PRESIDING 





Presented by me to the Mayor of the Cit 
Zz = R 
on the LA cl day of 


at the hour of Ne (aa o'clock iy: MaB SPs 


ort Wayne, Indiana, 


MEE 


r 


’ 






SANDRA E. KENNEDY, CITY CLERK 
Approved and signed by me this BGH Cay Gf ete ? 
arai 
1943 oo atthe hour” of BS oclock He Mob Sie’. 


K 


WIN MOSES, JR., MAYOR 


25-/7-7 
CHANGE ORDER ` She 


> 





Change Order No.: 1 Resolution No._407-85 
Project No. Board Order No. 
Name of Project: Southwest Interceptor "S-1" Date: April 8. 1985 
TOS McNamee Porter & Seele 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 










es E | Description of Change || Change in Contract Price 


ee i 
RT 










Total Decrease 
Total Increase 


Net (Beouaaxae) (Increase) Contract Price 





The sum of $_8,698.00 is hereby (added to) (deduasadxfssm) the total contract price 
and the final contract price shall be adjusted as follows: 


Original Contract Price 
Current Contract Price Adjusted by Previous Change Order Ser WE 


New Contract Price including this Change Order ae ee a 
=- 68.698 :00- = 


The time provided for completion in the contract for this project is (unchanged) (imoremxsxad) 
(Geexeaeee) by Q calendar days due to this Change Order. The date for completion 
of all work shall be N/A - Furthermore, this document shall become an 
amendment to the ee EE all provisions of the contract shall apply hereto. 


ene Date cae 29/9" 


Berge, Pie: 
Accepted by: SNe J~ Qah 4 Contractor Date of - 235-385" 


A E A E pe ae City Engineer Date Afra A3 
ia ae 
TE aA a ee ae ee ee 


eee 
LBD Py X, EREL] 
OE OF e eee ese 








Chief Engineer 





Recommended by: 


Approved by: 


Fe 


` ; Change Order No. 1 
Resolution No. _407-85 
Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: This is an increase in costs for Engineering services 


rovided due to reali ent of the proposed sanitary sewer from existing right- 
= as originally envisioned to easements. Part of the increase is also due 
to complete realignment of the proposed sewer at the new I-69 Interchange, which 


enerated after State Highway Department expressed concerns as to the location 


-ọf-way. The reali ent will also save the City of Fort Wayne 


several thousand dollars in additional backfill costs during construction time. 











Will proposed change alter size of the project? Yes No X 


If yes, explain 


Affect on operation and maintenance cost of this project: 








By ge md 


roject Engineer 


=F Ro TV e Wt o 


Change Order No. 1, Res! 407-85, S-1, Southwest Interceptor, 
——MeNamee.Per i 





a 


TITLE OF ORDINANCE f 

DEPARTMENT REQUESTING ORDINANCE -02nn of Public Works & Safety | 7 Coss 

SYNOPSIS OF ORDINANCE _ Change Order No. 1, Res. #407-85, S-1, Southwest Interceptor, 
is necessary because of realignment of the proposed sanitary sewer from existing 
right-of-way as originally envisioned to easements. Part of the increase is also 
due to complete realignment of the proposed sewer at the new I-69 Interchange, 
which generated after State Highway Department expressed concerns as to the 
location on their Right-of-way. The realignment will also save the City of 
Fort Wayne several thousand dollars in additional backfill costs during constructi 


ne Ee 


time. McNamee, Porter & Seeley are performing these engineering services. 


a nee SESE 














Realignment of proposed sanitary sewer from existing right-of-way 
“eat ee ee 


EFFECT OF PASSAGE 








EFFECT OF NON-PASSAGE 








MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $8,698.00 





ASSTGNED TO COMMITTEE 





BILL NO.” «| .6=85-05-19 
= REPORT OF THE COMMITTEE ON CITY UTILITIES 


we, your coprire On 9 GCTTY UTIBITIES 7 _'T0. WHOM WAS 
REFERRED AN (ORDINANCE) ` (RES@%MPTORY approving Change Order Nota: 
for Res. #407-85, S-1, Southwest Interceptor, with McNamee, Porter & 


Seeley, in connection with the Board of Public Works and Safety 


. 


T EN ho CE ARR, NL E a a a ae ea A 


EI ONAE E N. S A ae Sen ee UN SE ee N ERE i i ~ i : 


—— 





$ 





HAVE HAD SAID (ORDINANCE) (RESGHUHEON) UNDER CONSIDERATION AND BEG 
“LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 
(REBOLPPLONS 





YES 


E 










oer SK 4 OS (CHEWY 
— CHAIRMAN . 


24 JANET G. BRADBURY ` P gee 
Per RA a Oe Ea 
DONALD J. SCHMIDT | 


x 


g [£ JAMES S. STIER. 


KeA D. AEA CHARLES B. REDD - 





——— —_——— 


yo SANDRA E. KENNEDY 
“wh CITY CLERK 


CONCURRED IN 





